BART SILICON VALLEY UPDATE 


Summer 2013 


onstruction activities are ramping up for 

the 10-mile Berryessa Extension Project. 

April marked a one-year construction 
milestone that was celebrated with highlighting 
significant project accomplishments over the 
past year. A formal ribbon cutting ceremony 
was held on the new BART Bridge, overlooking 
the newly trenched and grade separated Kato 


Rd., which opened at the end of April. Milpitas Station. 


onstruction began on the Berryessa BART Station with driving 
C concrete reinforced with steel beams into the ground for the 

facility's foundation. These activities will continue for the elevated 
track structure approach to the station from the north and south between 
Berryessa Rd. and Mabury Rd., once the station foundation construction is 
complete. A major water line beneath 
the station site was relocated out from 
under where the future trains will run. 
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Construction to trench under Hostetter 
Rd. for the future BART system 

has begun. Traffic lanes are being 
temporarily diverted to the south side 
of the roadway while work to create a 
street-level bridge for the BART trench 
takes place to the north. Cars will 

be diverted back onto the completed 
northern side of the road in late 
summer 2013 while work takes place 
on the southern side. Trenching will 
continue below the roadway once the 
street-level bridge is complete. 


A construction crane drives piles into 
the ground to form the foundation for 
the new Berryessa BART Station facility. 


Montague Expwy. and Capito! Ave. will continue through summer 
2013. Work to construct a BART trench below these streets is also 
scheduled to begin and may require extended work hours for site specific 
activities. Work to realign Union Pacific Railroad (UPRR) tracks near 
the Great Mall will begin, and a new bridge for the UPRR is being built 
So freight trains can cross over future BART trains and maintain freight 
service. BART trench work under Montague Expwy. and Capitol Ave. and at 
the station area is anticipated to continue through summer 2014. 


C onstruction to relocate major utilities under Dixon Landing Rd., 


Residents living near, and commuters 
traveling through, the project corridor Oe 4 
area will see significant construction this l 
summer. Current and upcoming work 
includes major utility relocations through- 
out the project corridor, trench work at 
major project intersections and ongoing 
construction at both Berryessa Station and 


One Year Milestone Celebration 


Kato Road Grade Separation Ribbon Cutting 
Friday, April 5, 2013 5 


Dignitaries on the new BART Bridge, which overlooks the 
newly trenched and grade separated Kato Rd. in Fremont. 


as construction begins to improve east/west travel in the Warm 

Springs community along with major bridge and trenching work for 
the BART Silicon Valley Berryessa Extension. Warren Ave. is planned for 
closure between Kato Rd. and Mission Falls Ct. on Monday, June 17. The 
following alternative routes are Suggested for commuters: 


6G onstruction activities on Mission Blvd. and Warren Ave. ramp up 


e South Grimmer Blvd./Fremont Blvd. (to the north) 
e Kato Rd. (to the south) — Kato Rd. has been open since April 


The full closure of Warren Ave. is anticipated to last about 12 months, 
which will allow construction crews to trench Warren Ave. under the 
future BART system and build bridges for both BART and the Union 
Pacific Railroad. Other construction activities for the Mission Warren Area 
Improvements project include widening Mission Blvd. and building on- 
ramps and off-ramps between Mission Blvd. and Kato Rd. 


Warren Avenue Detour 
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Construction Overview 


Berryessa Extension Project 


Current and Upcomi 


Mission Boulevard 
and Warren Avenue 


The BART Silicon Valley Berryessa Extension Project is progressing with 
activities that include utility relocation, track removal, and work on trenched 
roadways and elevated structures. The future BART rail line in Santa Clara 
County will extend south of the future Warm Springs BART Station in Fremont, 
through Milpitas at the future Milpitas BART Station, and to the Berryessa 
neighborhood of San Jose at the future Berryessa BART Station. Crews have 
demolished buildings at both of the station sites and have begun grade 
separation work on Hostetter Rd. in San Jose. BART corridor preparation is 


ongoing and crews will continue to work along the entire BART alignment. | . Ea Te : Sains 

7 g Construction activities include 
Equipment and materials to support BART construction include cranes, ; 5 ee a alan tl 
hydraulic hammers, excavators, tractors, trucks, tractor and truck-mounted a ||| Blvd. and Kato Rd. Two weekend 
devices, concrete cutting tools, steel, soil support beams and utility installation i | FREMONT closures from 10 p.m. Friday 
materials. Work can occur on the project Monday through Sunday, between the _. €vening to 5 a.m. Monday morning 
hours of 7 a.m. and 7 p.m. with extended hours for site specific activities as | a | : PG hits ieee 
needed. For the latest information on current project activities, including traffic | @! Ll ~ two weeks prior to the planned 
updates and detours, please visit the project website at www.vta.org/bart. belle) fea ie Greek RAlgcuires, 
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Montague Expresswa 
El cierre de carriles intermitentes y turnos de 9 2 y 


trafico sobre Montague Expwy. estara en vigor 
por aproximadamente 9 meses. 


Montague Expwy. BY: 52 28 fal SET EA 40 
Smile KAVA A 

Trong 9 thang, trén Montague Expwy. thinh 
thoang sé cd viéc lan duréng bi dong va luu 
thong dai déi 


Intermittent lane closures and 

traffic shifts on Montague Expwy. 
are in effect during off-peak 

commute hours and intermittently 

on weekends and will last for 
approximately 9 months in order to - 
relocate utilities and trench for BART 


to run under Montague Expwy. o View “averas ‘a 
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Los trabajos en la avenida Capitol Capitol Avenue 4 M 


comenzaran en julio de 2013. La capacidad 
de los carriles sera reducida en ambas 
direcciones por aproximadamente 9 meses. 
Se aconseja a los viajeros a usar rutas 
alternativas. 
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Du kién sé bat dau viéc xay dung trén Capitol 
Ave vao thang Bay 2013. Luu Luong lan 

xe sé giam trén ca hai chiéu trong khoang 9 
thang. Hanh khach nén str dung cac tuyén 
khac. 


Work to relocate utilities on Capitol 
Ave. is anticipated to begin in 
July 2013 followed by BART trench 
work. Intermittent lane closures and 
traffic shifts in phases are necessary 
to complete this work activity. Lane 
capacity will be reduced in both 
directions for approximately 

9 months. Commuters are advised 
to use Montague Expwy. and Trade 
Zone Blvd. as alternate routes. 
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Hostetter Road 


Traffic is currently shifted to the north and reduced from three 
to two lanes to facilitate trenching under the existing roadway 
for the future BART system to run. Traffic is scheduled to 

be shifted to the north in late summer 2013 for phase two 


of utility relocation and trench work. Pedestrian and bicycle SAN J8 
access will be maintained through all phases of work. 
oan Ke 
Berryessa Road ; 
Traffic has been shifted to the north for 4 
construction of a bridge for the new . A 
station roadway and utility relocation. 
Traffic is scheduled to be shifted to the ( 
south in early summer for the widening eo 
of Berryessa Rd. and utility relocation. \Ai 
1 
7 \ 
Mabury Road Berryessa (a 
Roadwork is expected to begin in summer 2013 and involves ne ce 
slightly lowering and repaving the existing Mabury Rd. to allow 
space for BART to pass above. Commuters can expect intermittent \ 
lane closures and traffic shifts in phases. \ 
E Taylor St : 


*Due to field conditions, schedule coordination, and weather, dates are subject to change. 
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Warren Ave. is planned for a 


_| | Fremont Blvd. (to the north) 
and Kato Rd. (to the south). 


full closure between Kato Rd. 
and Mission Falls Ct. beginning 
Monday, June 17. The following 
alternative routes are suggested 
for commuters: S. Grimmer Blvd./ 


| The full closure is anticipated 
to last about 12 months. Other 


ng Construction Activities 


Se ha planificado el cierre 
completo de la avenida Warren 
entre las calles Kato Rd. y Mission 
Falls Ct. a partir del lunes 17 de 
junio. Las rutas alternativas son 
S. Grimmer Blvd./ Fremont Blvd. 
(hacia el norte) y la calle Kato Rd. 
(hacia el sur). Se anticipa que el 
cierre completo durara alrededor 
de 12 meses. 
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Tuyén duéing trén Warren Ave. 
gitra Kato Rd va Mission Falls Ct. 
duoc du dinh dong hoan toan 
bat dau tir thir Hai, 17 Thang 


Lane closures and a roadway 
shift are scheduled to begin 
in late June 2013 for utility 
relocation and trenching for 


El trafico estara 
limitado a un solo carril 


meses. Se aconseja a 
los viajeros que usen la 
calle Kato. 


ILPITAS 


oy Milpitas 


early 2014. 


BART under the existing roadway. 
Traffic will be limited to one 


Dixon Landing Rd. 2 
+ SHARK 


Sau . Cac tuyén dung thay thé 
la S. Grimmer Blvd./Fremont 
Blvd. (o phia bac) va Kato Rd. 
(0 phia nam). Viéc dong tuyén 
hoan toan duoc du kién kéo dai 
khoang 12 thang. 


Dixon Landing Road 


lane in each direction on Dixon 
Landing Rd. for approximately 9 
months. Commuters are advised 

to use Kato Rd. to avoid delays. 
Pedestrians and cyclists should adhere 
to posted detours. 


Giao thong sé duoc 
giGi han trong mdt lan 


en cada direcci6n RAE FA  duong moi chiéu trén 

ma la ar Dixon 3454548 409(H A ° dung Dixon Landing 
anding nd. por ae wWiTA LE Rad. trong khoang 9 

aproximadamente 9 Kato Road thang. Hanh khach nén 


sur dung duéing Kato 
Rd. 


Milpitas Station Area 


=~ 


=, 


—_ 
—— 


Transporting excavated soil, 
continued building demolition and 
underground utility relocation are 
scheduled to take place at the future 
station area through the early part 
of 2014 to support below-ground 
station construction. 


Trade Zone Boulevard 


Intermittent lane closures for 
corridor preparation and future 
trenching below the existing road for 
BART track installation are planned. 
Major work is anticipated to begin in 


Berryessa Station Area 


Lundy Avenue and 
Sierra Road 


Anticipated intermittent lane 
closures in fall 2013 for early 
utility relocation. Major work 
gin in 2014. 


Las Plumas Avenue 


Building demolition scheduled 
in summer 2013 for BART 
facilities/system support. 
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Significant activities include major 
waterline service relocation, bridge 
deck pour and completion of building 
demolition. Work to drive structural 
columns to support the future station 
and track structure is also ongoing. 
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BART Silicon Valley - Community Update —- Summer 2013 


VTA BART Silicon Valley will hold a meeting to provide an 

update on current and upcoming construction activities. 
Wednesday, June 19, 2013 at 6:30 p.m.- 8:30 p.m. 
Milpitas Library, Auditorium, 160 N. Main St., Milpitas 


Open house begins at 6:30, with a presentation andQ&A 
starting at 7:00 p.m. For further information, contact Gail 
Collins at (408) 934-2631 or by email: gail. collins@vta.org. 


The BART Silicon Valley Team is greatly appreciative of the 
ongoing community support, cooperation and understanding 
throughout the duration of the project. 


Please continue to patronize the following businesses at 
Dixon Landing Center located off of Dixon Landing Road 
and Milmont Drive as they will be open during construction: 


Dixon Laundry ExpertChild Academy 


Family Dental Care Pure Water 

Peace and Beauty Banh Thai Restaurant 
Ford Cleaners Joe the Greek Café 
Krystal Design Hair and Nails 7-Eleven 


The Original Barrio Fiesta of Manila 


To Learn More 

Informative outreach to the surrounding community is an 
important aspect of the BART Silicon Valley Project. VTA 
will provide advance notification of construction activities 
and traffic updates through the mail and continued website 
updates. 


How to Reach Us? 

If you would like to be added to the project mailing list, have 
any questions, comments, or concerns, or would like to have 
a project representative meet with you, please contact VTA 
Community Outreach below. 


Para obtener mas informacion 

La difusion informativa en la comunidad circundante es una 
parte importante del Proyecto BART Silicon Valley. VTA 
proporcionara por adelantado notificaciones de las actividades 
de las obras y cambios en el trafico por correo y actualizando 
constantemente el sitio Web. 


éComo comunicarse con nosotros? 

Si desea inscribirse en la lista de correo del proyecto, tiene alguna 
pregunta, comentario o preocupacion, 0 desea que se reuna con 
usted un representante del proyecto, pongase en contacto con el 
Programa de Extensién de VTA en la Comunidad usando la 
informacion que aparece a continuacion. 
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Phone: (408) 934-2662 TIY: (408) 321-2330 Web: via.org/bart Email: viabart@vta.org Facebook: facebook.com/bartsv Twitter: twitfer.com/bartsv 


Outreach at (408) 321-7575 / (408) 321-2330 TTY. 


Dé Tim Hiéu Thém 

Cung cap théng tin cho cong déng 14 mét khia canh quan 
trong cia Du An Thung Ling Silicon cia BART. VTA sé 
thong bdo truéc vé céc hoat dong cng trudng va cap nhat 
tin ttc vé tinh hinh giao thong qua dudng butu dién va thong 
tin cap nhat lién tuc trén trang mang dién toan. 


Lién Lac v6i Chung Toi? 

Néu quy vi mu6n ghi tén vao danh sdch nhAn tin tifc lién quan 
t6i du An, néu quy vi c6 thc mac, nhan xét hay quan ngai, 
hodc néu quy vi mu6n gap cdc dai dién cia du An, xin lién lac 
v6i Ban Ngoai Tiép Cong Déng cua VTA duéi day. 
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Individuals who require language translation, American Sign Language, or documents in accessible formats are requested to contact VIA Community 


